UNIT  CONSTKUCTION   COSTS                                  1571
Two 9-light windows 2 ft. Hi in. by 3 ft. 11J in. by If in.
with frames
One 4-ft. 8-in. by 7-ft. 4-in. door frame One 9-ft. 2-in. by 8-ft. 10-in. door frame Three 4-ft. 8-in. by 7-ft. 4-in. door frames Five 3-ft. 8-in. by 7-ft. 4-in. door frames One 3-ft. 8-in. by 7-ft. 2-in. door frame
One 9-ft. 2-in. by 9-ft. 2|-in. door frame                                  $564.90
(See Fig. 14.)
Account 7803.11—Painting Doors and Windows.
This covers the material and labor of applying two coats of linseed oil and white lead.
Account 7804—-Shafting, Pulleys and Belting.
This is not a good cost. The labor is unquestionably too low and has been absorbed by some of the following accounts up to account 7807.5. Eighty-five feet of shafting, varying in size from 1 111 in. to 3^ iu. with 28 pulleys of various diameters and face with the various lumgors, collars, etc., and 1,325 ft. of 3-in. to 12-in. leather bolting woro to bo taken care of here. The material is correct. (Sec Fig. 108.)
Account 7805—Motors.
The material covered by this account is as follows:
One 15-h.p. squirrel-cage motor..........................   $189.94
One 75-h.p. slip ring....................................    044.00
Overload release........................................      14.25
Miscellaneous...........................................      39.38
$887.57 Account 780&—Power Wiring.
Account 7806.1—-Lighting.
36 drop lights...........................................
No. 12 weatherproof wire used in conduit.................. $140,57
Account 7807—Rolls and Samplers, Cost and Erection.
This cost covers the price and installation of the following material, together with the application of two coats of Dixon's Silica Graphite; paint upon the Rolls, Samplers and Chutes:
Cost        Freight        Total 2 sets 24 by 12 rolls, from Chalmers
and Williams...................   $1,330.00   $344.16    $1,674.16
1 set 42 by 16 rolls, from Chalmers
and Williams...................     1,567.50     482.40       2,049.90
1 set 48 by 12 rolls, from Chalmers
and Williams...................     1,710.00     716.43       2,426.43
One 27-in. Snyder sampler with 28-
in. by 3|-m. pulley T. & L........         38.00         5.04           43.04 .......
